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SECTION I 
1.0 DESCRIPTION OF SERVICES 
1.1 General. 


The mission of the Defense Advanced Research Projects Agency (DARPA) is to make pivotal 
investments in breakthrough technologies for national security. This acquisition supports the 
DARPA Microsystem’s Technology Offices Electronics Resurgence Initiative (ERI) by 
exploring the development of a physical infrastructure to better transition ERI technologies — and 
other semiconductor industry innovations — to commercial use. This transition is often a 
necessary pre-requisite for ensuring the Department of Defense (DoD) access to new 
technologies. 


1.1.1 Background. 


In June 2017, DARPA announced the Electronics Resurgence Initiative (ERI) as a bold response 
to several technical and economic trends in the microelectronics sector. These trends include 
rapid increases in the cost and complexity of microelectronics design and manufacture; public 
challenges to electronics security; and non-market forces working to shift the industry overseas. 
Building on the tradition of other successful government-industry partnerships, ERI aims to 
forge forward-looking collaborations among the commercial electronics community, defense 
industrial base, university researchers, and the DoD to address these challenges. There is 
significant historical precedent to suggest the viability of this approach, as each wave of modern 
electronics development has benefitted from defense-funded academic research and commercial 
sector investment. 


1.2 Scope. 

Several studies have identified the need for a comprehensive, domestic prototyping infrastructure 
for semiconductor innovations. The Microelectronics Commons Business Analysis (the 
Analysis) aims to provide a detailed business plan for establishing and executing this 
infrastructure. The Analysis should identify: 


e The market demand for a Microelectronics Commons, and the facilities and 
engagement models required to meet the market demand 

• А strategy for differentiating the Microelectronics Commons from 
competitors, particularly from overseas infrastructure 

* Business models for operating the Commons, given cost and revenue 
projections established under the Analysis 
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SECTION II 
2.0 PROBLEM STATEMENT 


ERI has produced notable results, many of which will be transitioned to use by commercial 
sector partners. But there remains significant concern about the nation’s ability to transition 
innovative electronics research and development (R&D) products into commercial use. In 2017, 
the Potomac Institute for Policy Studies concluded that “[research] programs truly capable of 
influencing the direction of a major industry nearly always involve multidisciplinary efforts that 
focus not only on material and technical challenges, but also creating the necessary infrastructure 
support for integrating the new technologies into existing systems.” In 2018, the Defense Science 
Board agreed, concluding that “a gap remains with the ability of researchers and technologists to 
prove out their approaches” and that “[while] software-based startups can spin up infrastructure 
very quickly ..., no such capabilities exist within the microelectronics hardware community.” 


DARPA therefore seeks to expand ERI to better enable the domestic transition of semiconductor 
innovations to industries of strategic importance to the United States. DARPA proposes to 
establish a Microelectronics Commons infrastructure that provides domestic semiconductor 
prototyping facilities to major companies, startups, and universities. This Microelectronics 
Commons Business Analysis will inform the size and structure of the Microelectronics 
Commons. The acquisition is intended to be a four to six-month study that identifies the 
customer demand for a Microelectronics Commons prototyping infrastructure and proposes one 
or more sustainable financial and organizational plans, given a review of similar facilities 
domestically and overseas. 


2.1 Objectives 
2.1.1 Task One: Identify Microelectronics Commons Customer and Partner Demand 


A successful Microelectronics Commons will rely on the availability of innovators desiring to 
use the Commons infrastructure and on the participation of industry, national defense, or venture 
capital partners seeking to integrate or support technologies furthered within the Commons 
Infrastructure. The contractor will address or provide — 


2.1.1.1 Customer Demand Survey. The contractor will conduct analyses addressing: 


e What is the addressable market of innovators who may conduct 
prototype development at Microelectronics Commons facilities? 


e What facilities and resources (tools, staff, IT infrastructure) address 
customer needs? 
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2.1.2.1 Partner Demand Survey. The contractor will conduct analyses addressing: 


e What commercial, defense industry, or venture capital groups may 
partner with the Commons to access and rapidly integrate new 
technologies? 


e What facilities and resources (tools, staff, IT infrastructure) do these 
organizations need in order to considering partnering? 


2.2.1 Task Two: Identify Microelectronics Commons Competitors 


Similar infrastructure exists overseas, most notably at Belgium's successful Interuniversity 
Microelectronics Centre (IMEC), which attracts U.S. innovators from a range of different 
startups and established companies. The People’s Republic of China is expected to develop a 
rival infrastructure with a similar purpose. The contractor will provide one or more reports 
addressing: 


2.2.1.1 Competitor Review. The contractor will conduct analyses addressing: 


e What competitor facilities are available or planned, domestically and 
overseas? What characteristics enable their success? 

* How will competitors, particularly overseas competitors, respond to the 
establishing of the Microelectronics Commons? 


2.2.2.1 Market Differentiation. The contractor will conduct analyses addressing: 


* How can the Microelectronics Commons provide differentiated 
capabilities to its customers and partners? What market share can the 
Commons win back from overseas? 


2.3.1 Task Three: Provide Organizational and Financial Planning 


2.3.1.1 Financial Model. The contractor will conduct analyses addressing: 

° What are reasonable non-recurring and recurring expenses (equipment, 
facilities, and staff) for the Microelectronics Commons? 

e What revenue models will enable the long-term financial viability of 
the Microelectronics Commons? 

• What is the expected total cost of establishing and operating the 
Microelectronics Commons per year? What is the total expected 
revenue per year? 
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2.3.2.1 Infrastructure. The contractor will conduct analyses addressing: 

• What is the minimum number of facilities that would meet the 
projected market need and sustain the long-term viability of the 
Commons? 

+ How much time and money is projected to provide the baseline to 
establish the Microelectronics Commons? 

e What critical tools must be available to Commons consumers, to 
ensure the relevant of prototypes to the Commons partners? 

e What are the most appropriate models for establishing the Commons 
as a public-private partnership? 


2.4.1. Task Four: Community Engagement 


To ensure that the Microelectronics Commons is informed by input from a broad range of 
commercial, academic, and defense industry personnel, the Government may host one or 
one or more Microelectronics Innovation workshops. The contractor would have to attend 
and participate in these workshops, to gain access to the accrued information. Besides the 
workshops, the contractor is expected to conduct interviews with relevant semiconductor 
industry experts and to provide summarized reports of these interactions. 


2.5.1. Task Five: People’s Republic of China Study (Option) 


The People’s Republic of China (PRC) has benefitted significantly from its ability to 
leverage foreign research and development, including through its ability to provide access 
to low-cost manufacturing and prototyping infrastructure. If exercised, this option would 
require the contractor to address: 


+ How can domestic manufacturing facilities best protect against 
transferring new technologies to PRC? 

» How might PRC adapt to the creation of a U.S. prototyping 
infrastructure? 

e What additional steps should be established to ensure that new 
technologies develop within the United States rather than in PRC? 


The Contractor shall provide all services, materials, supplies, equipment, travel, and project 
supervision, as required with this Statement of Objective (SOO). 


2.6 Applicable Regulations (if any). 


Not applicable. 


2.7 Desired Outcome. 
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SECTION III 
3.0 DELIVERBALE / PERFORMANCE THRESHOLDS 


Deliverables shall be submitted to the COR. All deliverables shall be submitted using Microsoft 
Office suite of tools (for example, MS Word, MS Excel, MS PowerPoint), or Adobe PDF format, 
unless otherwise specified by the COR. Electronic submission shall be made via encrypted 
email, unless otherwise agreed to by the COR. 


The COR may reject or require correction of any deficiencies found in the deliverables. In the 
event of a rejected deliverable, the Contractor will be notified in writing by the COR of the 
specific reasons for rejection. 


DARPA will review and provide feedback on the Draft Final Report within ten (10) days of 
receipt. 


Performance Objective Deliverable/Performance Method of 
Threshold Surveillance 
General Post-Award Kickoff Presentation 100% Inspection 
2.1.1 Task One: Identify 100% Inspection 


Microelectronics 
Commons Customer and 
Partner Demand 

2.2.1 Task Two: Identify 100% Inspection 
Microelectronics 
Commons Competitors 


2.3.1 Task Three: 100% Inspection 
Provide Organizational 
and Financial Planning 


2.4.1. Task Four: 100% Inspection 
Community Engagement 


2.5.1. Task Five: People’s 100% Inspection 
Republic of China Study 
(Option) 
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The Task One Interim Presentation should answer the questions delineated under Task 
One. It should be formatted as a MS PowerPoint presentation. 


The Task Two Interim Presentation should answer the questions delineated under Task 
Two. It should be formatted as a MS PowerPoint presentation. 


The Task Three Interim Presentation should answer the questions delineated under Task 
Three. It should be formatted as a MS PowerPoint presentation. 


The Task Four Draft Report should include an overview of all interviews, site visits, and 
community engagement activities delineated under Task Four, enabling the Government 
to understand the origin of specific contractor recommendations. The Task Four Draft 
Report should be included in the Draft Final Report, and should be formatted as a MS 
Word document. 
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SECTION IV 
4.0 DELIVERABLES 


The Contractor shall provide deliverable(s) in a format mutually agreed upon by the Government 
and the Contractor. 


The following enumerated deliverables are not expected to change. Due Date intervals are not 
expected to change but actual dates may need to be revised depending on actual contract start 


date. 


Deliverable Due Date Delivery Method 
Post-Award Kickoff NLT 7 days after contract | Email to the COR in MS 
Presentation start PowerPoint format 


Task One Interim 
Presentation 


NLT 60 days after contract 
(MAC) 


Email to the COR in MS 
PowerPoint format 


Task Two Interim 
Presentation 


NLT 120 days after award 


Email to the COR in MS 
PowerPoint format 


Task Three Interim 
Presentation 


NLT 30 days from end of 
period of performance 
(PoP) 


Email to the COR in MS 
PowerPoint format 


Task Four Draft Report | NLT 30 days from end of | Email to the COR in MS 
PoP Word format 

Draft Final Report NLT 30 days from end of | Email to the COR in MS 
PoP Word format 


Final Presentation 


NLT 10 days from end of 
PoP 


Email to the COR in MS 
PowerPoint format 


Final Report 


NLT 10 days from PoP 


Email to the COR in MS 
Word format 


Task Five Final Report 


(Option) 


To be determined if/when 
exercised 


Email to the COR in MS 
Word format 
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SECTION V 
5.0 TIMELINE 
5.1 Timeline. 


This requirement shall be completed six (6) months from contract award, ending no later than 
June 28, 2021, whichever comes sooner. The contract includes a single option (Task 5) that may 
be exercised upon completion of Task Two; which may, by agreement of the parties, extend 
performance beyond the 6-month period of performance. 


5.2 Stakeholders (Collaborating Offices). 


This study informs planning for the sponsoring agency. The performance on this study is not 
dependent upon Government stakeholders other than the sponsoring agency. The contractor 
should only expect information from the Government through the sponsor. The contractor may 
be dependent upon information from interviews provided from external stakeholders, such as 
owners of domestic semiconductor fabrication facilities, universities, commercial businesses, and 
members of the defense industrial base. However, the contractor is able to provide analysis that 
is independent of the input of the external stakeholders. 
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SECTION VI 

6.0 GENERAL INFORMATION 

6.1 Location. 


The primary location for contractors supporting this effort is at the contractor's primary facility, 
with additional locations determined by the contractor. 


6.2 Travel (TDYs). 


Contractor travel may be required to inspect relevant semiconductor facilities, to meet with 
potential Microelectronics Commons consumers and partners, to present interim and final 
findings to the Government and Government partners, or to participate in information-gathering 
meetings and workshops. All travel shall be included in the project price. 


6.3 Identify Known or Possible Conflicts of Interest 


The Government anticipates sharing competition sensitive information with the contractor, 
information obtained from a Request for Information on the topic of existing semiconductor 
manufacturing facilities. This study is expected to inform acquisition strategy for future 
contracting related to semiconductor manufacturing facilities and the conduct of research at this 
type of facility. The contractor should demonstrate that there are no conflicts of interest 
pertaining to semiconductor manufacturing facilities and the conduct of research at such 
facilities. 


6.4 Security Clearance Requirements 

The highest classification on this task order is unclassified. Access to the Government Network 
is not required, and the contractor is not required to hold a security clearance. The Government 
anticipates requiring protection of Controlled Unclassified Information. 

Unescorted Access and Escort Privileges. The contractor will not be authorized for unescorted 
access to the sponsor agency, and will not be extended escort privileges during the performance 


of this work. 


Security Training Requirements (Initial/Annual) are not applicable. 
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APPENDIX 1 


1.0 DEFINITIONS, ABBREVIATIONS, AND ACRONYMS 


Contracting Officer (CO). The duly appointed Government agent authorized to award or 
administer contracts. The contracting officer is the only person authorized to contractually 
obligate the Government. 


Statement of Objective (SOO). A formal contracting document used to describe the goals and 
objectives expected from soliciting contractor work. 


Organizational Conflict of Interest (OCI). Unequal access and competitive advantage are two 
conflicts that the government is aware of that could result from Non-Financial Recommendations 
(NFR) 

Performance Threshold. The minimum performance level of a performance objective required 
by the Government. 


2.0 ACRONYMS 


COR Contracting Officer’s Representative 
DARPA Defense Advanced Research Projects Agency 


DOD Department of Defense 

ERI Electronics Resurgence Initiative 
PRC People's Republic of China 
R&D research and development 
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SOLICITATION/CONTRACT/ORDER FOR COMMERCIAL ITEMS 1. REQUISITION NUMBER PAGE 1 OF 
OFFEROR TO COMPLETE BLOCKS 12, 17, 23, 24, £ 30 HR0011151400 14 

2. CONTRACT NO. 3. AWARD/EFFECTIVE |4. ORDER NUMBER 5. SOLICITATION NUMBER 6. SOLICITATION ISSUE 

DATE DATE 
FA701420D0003 1/25/2021 FA701421F0042 
a. NAME b. TELEPHONE NUMBER (No collect — |8. OFFER DUE DATE/ 

7. FOR SOLICITATION > calls) LOCAL TIME 
INFORMATION CALL: EGE. Contracting Officer as 
9. ISSUED BY cope | БА7014 10. THIS ACQUISITION IS [X]UNRESTRICTED OR [_]SET ASIDE: % FOR: 


FA7014 AFDW PK 


WOMEN-OWNED SMALL BUSINESS 
1800 W PERIMETER RD STE 5750 [L| SMALL BUSINESS] wosB) ELIGIBLE UNDER THE WOMEN-OWNED 
CP 240 612 2997 = — SMALL BUSINESS PROGRAM : 
ANDREWS AFB, MD 20762-6604 HUNE MAL = nes: 
United States Екс оа EDWOSB 541611 
Contracting Officer [7 SERVICE-DISABLED — ' 
| 5 Specialist L I VETERAN-OWNED  _ SIZE STANDARD: 
SMALL BUSINESS 8 (А) 
11. DELIVERY FOR FOB DESTINA- |12. DISCOUNT TERMS 13b. RATING 
TION UNLESS BLOCK IS Net D. 30 13a. THIS CONTRACT IS A 
MARKED et Days RATED ORDER UNDER 
DPAS (15 CFR 700) 14. METHOD OF SOLICITATION 
Х| SEE SCHEDULE RFQ IFB RFP 

15. DELIVER TO CODE 16. ADMINISTERED BY CODE |FA7014 
SEE SCHEDULE 100 PERIMETER RD STE s780 

CP 240 612 2987. 

ANOREWS AFB, MD 20762.6604 

Ое States 
17а, CONTRACTOR/ CODE | 438P1 FACILITY 18a. PAYMENT WILL BE MADE BY cope [Е87700 

OFFEROR CODE 


ACCTG DISB STA NR 387700 
ACCTG DISB STA NR 387700 
DFAS DEAMS 
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|S TONE, WE 04751-6216 


TELEPHONE NO, 


United States 


17b. CHECK IF REMITTANCE IS DIFFERENT AND PUT SUCH ADDRESS IN 


18b. SUBMIT INVOICES TO ADDRESS SHOWN IN BLOCK 18a UNLESS BLOCK 


OFFER BELOW IS CHECKED SEE ADDENDUM 
19 20. 21 22 23 24. 
ITEM NO. SCHEDULE OF SUPPLIES/SERVICES quantity | UNIT | UNIT PRICE AMOUNT 


See Schedule 


(Use Reverse and/or Attach Additional Sheets as Necessary) 
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ACCOUNTING AND APPROPRIATION DATA 


See Section G 


26. TOTAL AWARD AMOUNT (For Govt. Use Only) 
$1,091,700.00 


27a, SOLICITATION INCORPORATES BY REFERENCE FAR 52.212-1, 52.212-4. FAR 52.212-3 AND 52.212-5 ARE ATTACHED. ADDENDA 
27b. CONTRACT/PURCHASE ORDER INCORPORATES BY REFERENCE FAR 52.212-4. FAR 52 212-5 IS ATTACHED. ADDENDA 
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ARE NOT ATTACHED 


x 


28. CONTRACTOR IS REQUIRED TO SIGN THIS DOCUMENT AND RETURN 
COPIES TO ISSUING OFFICE. CONTRACTOR AGREES TO FURNISH AND 


DELIVER ALL ITEMS SET FORTH OR OTHERWISE IDENTIFIED ABOVE AND ON ANY 


1 29. AWARD OF CONTRACT: REF. 
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1/21/2021 


AUTHORIZED FOR LOCAL REPRODUCTION 
PREVIOUS EDITION IS NOT USABLE 


STANDARD FORM 1449 (REV. 2/2012) 
Prescribed by GSA - FAR (48 CFR) 53.212 


PAGE 2 OF 14 


Solicitation/Contract Form 


FA701421F0042P00001 
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Supplies or Services and Prices/Cost 


Additional Information/Notes 


EN AS : 


Project Support - This CLIN will be a 
package that will include all labor, travel, CIC Firm Price 
tools, licenses, materials, products, etc. to 5 Months pp YT: (0) (4)... | 
complete the tasks 
Product Service Code: R499 
Firm Fixed Price 
Incremental Funding Only А 
didi Purchase Requisition Number: cum 
HR0011151400 
CIN: HR00111514000001 
АСЕМ: АА 


Funded Amount 


Funding only. 

Purchase Requisition Number: 
109102 HRO011153682 ¡CIO 

CIN: HR00111536820001 

ACRN: AB 

Not Separately Priced - This CLIN is for 

use after project completion. No new tasks 

can be performed using this CLIN. This 
0003 CLIN is only used to ensure the strategy Sacl Not Separately 

"stuck", coach/advise on performance from Priced 

CLIN 0001 or CLIN 0002 

Product Service Code: R499 

Firm Fixed Price 
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Description/Specifications/Statement of Work 


Requirements 

Several studies have identified the need for a comprehensive, domestic prototyping infrastructure for 
semiconductor innovations. The Microelectronics Commons Business Analysis (the Analysis) aims to provide a 
detailed business plan for establishing and executing this infrastructure. The Analysis should identify: The 
market demand for a Microelectronics Commons, and the facilities and engagement models required to meet the 
market demand A strategy for differentiating the Microelectronics Commons from competitors, particularly 
from overseas infrastructure Business models for operating the Commons, given cost and revenue projections 
established under the Analysis 
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Packaging and Marking 
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Inspection and Acceptance 


FA701421F0042P00001 


Deliveries or Performance 


0001 


000101 


000102 


0003 


Delivery Schedule 


Period of Performance 
From 

21 JAN 2021 

To 

06 JUL 2021 


Delivery Schedule 


Period of Performance 
From 

07 JUL 2021 

To 

28 DEC 2021 
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ACRN Line of Accounting 


AÑ 0972021 2022 0400000 255D 20602716E00 1300 00008522 012199 DARPA МТО - MICROSYSTE HSTD77 2021.ELT-02. 
CORE 00 R&D CONT 
AB 


09720212022 0400000 255D 20602716E00 1300 00008522 012199 DARPA MTO - MICROSYSTE HSTD77 2021.ELT-02. 
CORE 255.00 R£D CONT 


аргаа 
шаг: ee ee — | 
шиг шалаар C 
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Special Contract Requirements 
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PAGE 10 OF 14 


Contract Clauses 


252.232-7006 Wide Area WorkFlow Payment Instructions. 

As prescribed in 232.7004 (b), use the following clause: 

WIDE AREA WORKFLOW PAYMENT INSTRUCTIONS (DEC 2018) 

(a) Definitions. As used in this clause— 

"Department of Defense Activity Address Code (DoDAAC)" is a six position code that uniquely identifies a 
unit, activity, or organization. 

"Document type" means the type of payment request or receiving report available for creation in Wide Area 
WorkFlow (WAWF). 

"Local processing office (LPO)" is the office responsible for payment certification when payment certification is 
done external to the entitlement system. 

"Payment request" and "receiving report" are defined in the clause at 252.232-7003 , Electronic Submission of 
Payment Requests and Receiving Reports. 

(b) Electronic invoicing. The WAWF system provides the method to electronically process vendor payment 
requests and receiving reports, as authorized by Defense Federal Acquisition Regulation Supplement (DFARS) 
252.232-7003 , Electronic Submission of Payment Requests and Receiving Reports. 

(c) WAWF access. To access WA WF, the Contractor shall-- 

(1) Have a designated electronic business point of contact in the System for Award Management at https://www. 
sam.gov; and 

(2) Be registered to use WAWF at https://wawf.eb.mil/ following the step-by-step procedures for selfregistration 
available at this web site. 

(d) WAWF training. The Contractor should follow the training instructions of the WAWF Web-Based Training 
Course and use the Practice Training Site before submitting payment requests through WAWF. Both can be 
accessed by selecting the "Web Based Training" link on the WAWF home page at https://wawf.eb.mil/ 

(e) WAWF methods of document submission. Document submissions may be via web entry, Electronic Data 
Interchange, or File Transfer Protocol. 

(f) WAWF payment instructions. The Contractor shall use the following information when submitting payment 
requests and receiving reports in WAWF for this contract or task or delivery order: 

(1) Document type. The Contractor shall submit payment requests using the following document type(s): 

(i) For cost-type line items, including labor-hour or time-and-materials, submit a cost voucher. 

(ii) For fixed price line items-- 

(A) That require shipment of a deliverable, submit the invoice and receiving report specified by the Contracting 
Officer. 


(Contracting Officer: Insert applicable invoice and receiving report document type(s) for fixed price line items 
that require shipment of a deliverable.) 

(B) For services that do not require shipment of a deliverable, submit either the Invoice 211, which meets the 
requirements for the invoice and receiving report, or the applicable invoice and receiving report, as specified by 
the Contracting Officer. 


(Contracting Officer: Insert either "Invoice 2in1" or the applicable invoice and receiving report document type 
(s) for fixed price line items for services.) 

(iii) For customary progress payments based on costs incurred, submit a progress payment request. 

(iv) For performance based payments, submit a performance based payment request. 

(v) For commercial item financing, submit a commercial item financing request. 

(2) Fast Pay requests are only permitted when Federal Acquisition Regulation (FAR) 52.213-1 is included in the 
contract. 

[Note: The Contractor may use a WAWF "combo" document type to create some combinations of invoice and 
receiving report in one step.] 

(3) Document routing. The Contractor shall use the information in the Routing Data Table below only to fill in 
applicable fields in WAWF when creating payment requests and receiving reports in the system. 

Routing Data Table* 
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Field Name in WAWF 

Data to be entered in WAWF 

Pay Official DODAAC F87700 

Issue By DoDAAC FA7014 

Admin DODAAC** FA7014 

Inspect By DODAAC 

Ship To Code 

Ship From Code 

Mark For Code 

Service Approver (DoDAAC) HQ0685 

Service Acceptor (DoDAAC) HQ0685 

Accept at Other DODAAC 

LPO DoDAAC 

DCAA Auditor DODAAC 

Other DODAAC(s) 

(*Contracting Officer: Insert applicable DODAAC information. If multiple ship to/acceptance locations apply, 
insert "See Schedule" or "Not applicable.") 

(**Contracting Officer: If the contract provides for progress payments or performance-based payments, insert 
the DoDAAC for the contract administration office assigned the functions under FAR 42.302(a)(13).) 

(4) Payment request. The Contractor shall ensure a payment request includes documentation appropriate to the 
type of payment request in accordance with the payment clause, contract financing clause, or Federal 
Acquisition Regulation 52.216-7, Allowable Cost and Payment, as applicable. 

(5) Receiving report. The Contractor shall ensure a receiving report meets the requirements of DFARS 
Appendix F. 

(g) МАМЕ point of contact. 

(1) The Contractor may obtain clarification regarding invoicing in WAWF from the following contracting 
activity's WAWF point of contact. 


(Contracting Officer: Insert applicable information or "Not applicable.") 
(2) Contact the WAWF helpdesk at 866-618-5988, if assistance is needed. 
(End of clause) 


252.232-7007 Limitation of Government's Obligation. 

As prescribed in 232.705-70 , use the following clause: 

LIMITATION OF GOVERNMENT'S OBLIGATION (APR 2014) 

(a) Contract line item 0001 is incrementally funded. For this item, the sum of $ 1,000,000.00 of the total price is 
presently available for payment and allotted to this contract. An allotment schedule is set forth in paragraph (j) 
of this clause. 

(b) For item(s) identified in paragraph (a) of this clause, the Contractor agrees to perform up to the point at 
which the total amount payable by the Government, including reimbursement in the event of termination of 
those item(s) for the Government's convenience, approximates the total amount currently allotted to the contract. 
The Contractor is not authorized to continue work on those item(s) beyond that point. The Government will not 
be obligated in any event to reimburse the Contractor in excess of the amount allotted to the contract for those 
item(s) regardless of anything to the contrary in the clause entitled "Termination for Convenience of the 
Government." As used in this clause, the total amount payable by the Government in the event of termination of 
applicable contract line item(s) for convenience includes costs, profit, and estimated termination settlement costs 
for those item(s). 

(c) Notwithstanding the dates specified in the allotment schedule in paragraph (j) of this clause, the Contractor 
will notify the Contracting Officer in writing at least ninety days prior to the date when, in the Contractor's best 
judgment, the work will reach the point at which the total amount payable by the Government, including any 
cost for termination for convenience, will approximate 85 percent of the total amount then allotted to the 
contract for performance of the applicable item(s). The notification will state (1) the estimated date when that 
point will be reached and (2) an estimate of additional funding, if any, needed to continue performance of 
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applicable line items up to the next scheduled date for allotment of funds identified in paragraph ()) of this 
clause, or to a mutually agreed upon substitute date. The notification will also advise the Contracting Officer of 
the estimated amount of additional funds that will be required for the timely performance of the item(s) funded 
pursuant to this clause, for a subsequent period as may be specified in the allotment schedule in paragraph (j) of 
this clause or otherwise agreed to by the parties. If after such notification additional funds are not allotted by the 
date identified in the Contractor's notification, or by an agreed substitute date, the Contracting Officer will 
terminate any item(s) for which additional funds have not been allotted, pursuant to the clause of this contract 
entitled "Termination for Convenience of the Government.” 

(d) When additional funds are allotted for continued performance of the contract line item(s) identified in 
paragraph (a) of this clause, the parties will agree as to the period of contract performance which will be covered 
by the funds. The provisions of paragraphs (b) through (d) of this clause will apply in like manner to the 
additional allotted funds and agreed substitute date, and the contract will be modified accordingly. 

(e) If, solely by reason of failure of the Government to allot additional funds, by the dates indicated below, in 
amounts sufficient for timely performance of the contract line item(s) identified in paragraph (a) of this clause, 
the Contractor incurs additional costs or is delayed in the performance of the work under this contract and if 
additional funds are allotted, an equitable adjustment will be made in the price or prices (including appropriate 
target, billing, and ceiling prices where applicable) of the item(s), or in the time of delivery, or both. Failure to 
agree to any such equitable adjustment hereunder will be a dispute concerning a question of fact within the 
meaning of the clause entitled "Disputes." 

(f) The Government may at any time prior to termination allot additional funds for the performance of the 
contract line item(s) identified in paragraph (a) of this clause. 

(g) The termination provisions of this clause do not limit the rights of the Government under the clause entitled 
"Default." The provisions of this clause are limited to the work and allotment of funds for the contract line item 
(s) set forth in paragraph (a) of this clause. This clause no longer applies once the contract is fully funded except 
with regard to the rights or obligations of the parties concerning equitable adjustments negotiated under 
paragraphs (d) and (e) of this clause. 

(h) Nothing in this clause affects the right of the Government to terminate this contract pursuant to the clause of 
this contract entitled "Termination for Convenience of the Government." 

(i) Nothing in this clause shall be construed as authorization of voluntary services whose acceptance is 
otherwise prohibited under 31 U.S.C. 1342. 

(j) The parties contemplate that the Government will allot funds to this contract in accordance with the 
following schedule: 


On execution of contract 


10 ) (4 2021 


(End of clause) 


AFFARS Clauses Incorporated by Full Text 


5352.201-9101 Ombudsman 10/1/2019 


(a) An ombudsman has been appointed to hear and facilitate the resolution of concerns from offerors, potential offerors, and others for this 
acquisition. When requested, the ombudsman will maintain strict confidentiality as to the source of the concern. The existence of the ombudsman 
does not affect the authority of the program manager, contracting officer, or source selection official. Further, the ombudsman does not participate in 
the evaluation of proposals, the source selection process, or the adjudication of protests or formal contract disputes. The ombudsman may refer the 
interested party to another official who can resolve the concern. 
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(5) Before consulting with an ombudsman, interested parties must first address their concerns, issues, disagreements, and/or recommendations to the 
contracting officer for resolution. Consulting an ombudsman does not alter or postpone the timelines for any other processes (e.g., agency level bid 
protests, GAO bid protests, requests for debriefings, employee-employer actions, contests of OMB Circular A-76 competition performance decisions). 


(c) If resolution cannot be made by the contracting officer, the interested party may contact the ombudsman, <<1>>. Concerns, issues, disagreements, 
and recommendations that cannot be resolved at the Center/MAJCOM/DRU/SMC ombudsman level, may be brought by the interested party for 
further consideration to the Air Force ombudsman, Associate Deputy Assistant Secretary (ADAS) (Contracting), SAF/AQC, 1060 Air Force 
Pentagon, Washington DC 20330-1060, phone number (571) 256-2395, facsimile number (571) 256-2431. 

(d) The ombudsman has no authority to render a decision that binds the agency. 


(e) Do not contact the ombudsman to request copies of the solicitation, verify offer due date, or clarify technical requirements. Such inquiries shall be 
directed to the contracting officer. 


(End of clause) 
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Attachment Name 


DARPA Microelectronics Commons 
soo 


DARPA Microelectronics Commons 
PWS 


Re- 
revised_AFSTS_DARPA_McKinsey 
‘Small Business Participant Plan 
(base period only) 


Attachment 
Description 


Reference 
Identifier 


Statement of 
Objectives 


Performance Work 
Statement 


Small Business 
Subcontracting Plan 
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